he CLASSIFICATON — SECR UT 
« Approved Forgefeage P94 
| INFORMATION REPORT op no 


COUNTRY Rast Gernany DATE DISTR. i. ck -vorber 1952 


SUBJECT Information on the Status of Railroad Construction NO. OF PAGES 2 
Pro jects 


PLACE 
25X ACQUIRED 


DATE OF 
INFO, | 


fag THIS OOCUMENY CONTAINS 
ap OF THE CMITED STATES, WITHIN THE NEARING OF TITLE 18, SECTIONS 793 Pa 
AHO 796. OF THE U. 8. CODE, AS ADENDAD. 
TOM OF ITS CONTENTS To 
19 PROMIZITED BY LAW THE 


25X1 


25X1 


NG. OF ENCLS. 


SLUISTED SELOW) 


25X1. 


SUPPLEMENT 70; 
REPORT NO 


INFORRATCH AFFECTING THE NATIONAL DEFERS! 


| ‘ wt bE tote. Lage 2% heb ) 
1. [the Following information on tie tine schedule oe sai 


a. FeroveUricemrerder line: 


warthvorks: 1 dulzy through 15 Sentenber 7 
eridee construction worl:: 15 vuly throuch 15 “eptember s 


Vonstruction of southorn track: LO furust through 30 veep lerler: 


Construction of northern traels: 1 Cetoeber through 31 Geteber, (1) 


D. Connectin~ curve near oLanicenborcs 
vartivorks: 10 Aurust throuch 19 Gentenber: 
treck canstruetion orl: 1 through 25 September, (2) 

S_ Con -ecting curve noar Vlankenburs Sor LonceCistance trafic: 
Tarthvar’s: 10 Sentember to 1 CetoLer . 

Tridre construction wert: 2h Au ust to 20 wotaber 


” 


track construction wor':: 20 throuch 31 Oeseber, (23 


as Y ier + 
eevee gene ts 
fe he 


the estirate of the total cost for the 
ye “un = 
from 25.) million eastrarts to 329 > 


“@riin proyect hid increased 
eastrerks, (3) 


20 


tne following inforcetion on the status of bhe 
Cer niver Tridres at Vranifrrt/ der anc” el 


he tte 


allroad Lricve over the oder River at “ronkfurt/cder, 
Tt 


3& jlarned to start double track operations on this bricce in 
: 


the comnlotion date for this project las been fixed on 3 Decer bor 


4 

. 

is necessery to construct 9 x huemoter spans for one track anc an 

emeler span for two tracks, The latter Spall 16 vo Penlace the cinele-track 
1 
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oe ame 


This operation is to be performed within 3 houxs during the period from 5 
through 7 November, The nine sincle track spans are completed, while the 
GOemeter span for two tracks is being assembled, Twenty-five tons of plates, 
which were still required for this Span, were scheduled to be rolled in 
Kirehmoeser Curing the first week of Aurust. Duving bhe period from 7 kovexber 
through © December 1952, two 3O—meter spans wiich are in use will have to de 
extended by 10 meters each, Fifty tons of plates sre required for this operation. 
she Pauunion in Prandenbure an the nationalized steel construction firn in 
Eiesky were contracted for this project. (kh) 


be Railroad bridre over the Uder River near Kucstrin, It is planned to start double 
track operations on this bridge in 1952. 4% a conference held with representatives 
of the Polish Stete Hailroads in Prankfurt/Oder on 30 and 31 duly 1952, tha Poles 

‘ declared that double track operations on the Polish side of the river could not 

be resumed prior to the end of 1953, because extersive bride construction work 
was to be performed by them on the section adjacent te the Gder River bridce, The 
railroad bridge at Luestrin hes an SSemcter spon for shipping: and three 53-neter 
spans. ost of the work which remains to be done is on the UOemeter span. “he 
plates required were innorted, In early August, akout 110 tons of plates wore 
Still lacking. The Pauunien in Crandenburg and the ATUS firm in Dresden have been 
contracted for this project. (5) 


25X1 L_ ——bemnents. 
(1) “The Gonpietion date for the southern track of the Uordr: Parlin project had 


been previously fixed on 15 September, 
of the project, 
(2) For constructio 


ror tine schecule 


awing of the two connecting curves uear Blavkenburg, 2 
Oo 
(3) The first estinete of eost envisaged an expenditure of 20 million eastnmarks, 
However, this estimate covered the construction of one track only. 
a 
{h) Work on the double wracking of the Oder liver bridge near Franidurt/Ocer has 
been under way since the fall of 1951, Information on the vrorress of thi 
work vas transmitted previously, 
(5) Infermation on the double tracie: me Oridfe across the Oder Fiver at 
Kuestrin was transmitted previously. The double traclcing of the bridge over 
the flood area of the river was comploted on 20 Nay 1952, 
The extensive brides construction work referred to oy the Foles probably 
concerns the bridze over the Varthe River near suestrineleustadt, |This bridse 
is apparently celng to be double traci:ed too, The “uestrined# reus-“oonne 3 
Bromberg (lydgeszezi lint is already double track, 
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